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Message Text 



UNCLASSIFIED 

PAGE 01 BANGKO 19894 270552Z 
14 

ACTION FBO-01 

INFO OCT-01 EA-07 ISO-OO /009 W 

097584 

R 270445Z DEC 73 
FM AMEMBASSY BANGKOK 
TO SECSTATE WASHDC 9275 

UNCLAS BANGKOK 19894 

E.O. 11652: N/A 
TAGS: ABLD, TH 

SUB J : OB UNDERPINNING, CONTRACT S48-FBO-596, 

PROPERTY NO. 013 16A 

FOR A/FBO FROM LORA. 

REF: A. STATE 249781 

B. BANGKOK OM NOV. 23 

1. FOLLOWING IS BREAKDOWN OF 858,980 BAHT EARNED BY CONTRACTOR PER 
CATEGORIES LISTED REF B. 

ITEM NO. PERCENT COMPLETED AMOUNT BAHT 
1 60 18,000 

5 50 45,000 

8 3 5,580 

9 TOTAL DIRECT COST 68,580 

10 OVERHEAD 6.25 PERCENT 4.286.25 

1 1 PROFIT 6.25 PERCENT 4,286.25 

TOTAL 77,152.50 

MATERIALS DELIVERED AT SITE BUT NOT PLACE: 

(A) STEEL PLATES 

1/2" X 4' X 8' 22 EACH 6,512 KGS. 



3/4" X 4' X 8' 39 " 17,322 

3/4" X 5' X 10' 56 " 38,864 

1" X 4' X 8' 13 " 7,696 " 

1 2/1" X 4' X 8' 28" 27,892 



(B) STEEL FLAT BARS 
UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 BANGKO 19894 270552Z 
1/2" X 3" X 6.00 M 9 " 382 



Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 




Declassified/Released US Department of State EO Systematic Review 30 JUN 2005 

3/4" X 2" X 6.00 M 9 " 403 " 

(C) 4 " X 4" X 1/4" X 6.00 M 34 EACH 2,183 " 

TOTAL WEIGHT 98,254 KGS. 

COST PER KILO 9.50 BAHT 

TOTAL COST ABOVE MATERIALS 933,413 
GROSS AMOUNT EARNED 1,010,565.50 

LESS 15 PERCENT RETENTION 151,584.82 
AMOUNT DUE 858,980.63 

2. ABOVE STEEL ITEMS ARE INCLUDED IN ITEM 7 RE CONTRACTOR-FURNISHED 
MATERIALS. BALANCE OF ITEM 7 IS FOR COST OF LABOR AND WELDING 
MATERIALS REQUIRED IN CUTTING AND INSTALLING STEEL MATERIALS LISTED 
ABOVE. 

3. FBO/BK RECOMMENDS APPROVAL AMOUNT DUE CONTRACTOR. 

KINTNER 



UNCLASSIFIED 



NNN 
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Message Attributes 



Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 27 DEC 1973 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Authority: n/a 
Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 JAN 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1973BANGK019894 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: n/a 

From: BANGKOK 

Handling Restrictions: n/a 

Image Path: 

ISecure: 1 

Legacy Key: Iink1973/newtext/t1 9731 26/aaaaaeaf. tel 

Line Count: 78 
Locator: TEXT ON-LINE 
Office: ACTION FBO 
Original Classification: UNCLASSIFIED 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: 

Previous Classification: n/a 

Previous Handling Restrictions: n/a 

Reference: A. STATE 249781 

Review Action: RELEASED, APPROVED 

Review Authority: hilburpw 

Review Comment: n/a 

Review Content Flags: 

Review Date: 1 1 JAN 2002 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <1 1 -Jan-2002 by williadt>; APPROVED <14 MAR 2002 by hilburpw> 

Review Markings: 

Declassified/Released 
US Department of State 
EO Systematic Review 
30 JUN 2005 



Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: OB UNDERPINNING, CONTRACT S48-FBO-596, PROPERTY NO. 01316A 
TAGS: ABLD, TH 
To: STATE 
Type: TE 
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